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Message Text 


UNCLASSIFIED 

PAGE 01 SEOUL 08658 I00702Z 
17 

ACTION FBOE-00 

INFO OCT-OI EA-09 ISO-00 A-OI ST-OI /012W 

071446 

P I00430Z NOV 75 

FM AMEMBASSY SEOUL 

TO SECSTATE WASHDC PRIORITY 3775 

UNCLAS SEOUL 8658 

FLOORING AND BASEBOARD, E.R. PROPERTY NO. 023I0-B 

REE: A. STATE 264775 
B. STATE 246112 

1. REQUEST EXPEDITE ELOORING SHIPMENT BY ALL POSSIBLE MEANS. 

REE. "B" ESTIMATED SCHEDULED FACTORY SHIPMENT AS NOV. I, 1975. 
BASED UPON 2 WKS. EACTORY TO PORT, 6 WKS. SURFACE SHIPMENT, 

2 WKS. PROCESSING AT INCHON AND DELIVERY TO SITE PLUS 
INSTALLATION TIME MARCH 15, 1976 IS INDICATED AS FLOORING 
INSTALLATION COMPLETION TIME. THIS IS MINIMUM ONE MONTH 
BEYOND ESSENTIAL COMPLETION THIS CRITICAL ITEM. 

2. INTEND HERE TO REDUCE INCHON TO SITE AND INSTALLATION TIME. 
STRONGLY RECOMMEND THAT U.S.D.A. EXPEDITE PROCESSING AT PORT 
AND SHORTIST SURFACE TIME. CONSIDER SHIPMENT TO PUSAN LIEU 
INCHON TRUCKING TO SITE IF SUCH WOULD SAVE TIME. 

3. REF. "A". AS PREVIOUSLY ADVISED LOCAL TRIM LUMBER NOT 
ECONOMICAL OR SUITABLE. EXCESS DOUGLASS FIR ON HAND EXHAUSTED 
FOR WINDOW AND DOOR ASSEMBLIES. DETAIL CHECK OF OAK SHIPPING 
LIST INDICATES PERCENTAGE EXCESS SUFEICIENT EOR BASEBOARD 
WORK. INTEND NOW TO USE OAK BASEBOARD WITH FILLER AND PAINT 
WHITE TO MARCH WALLS WITH STAINED OAK SHOE MOULD. ADVISE. 
SNEIDER 


UNCLASSIFIED 
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Message Attributes 


Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channei indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 10 NOV 1975 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1975SEOUL08658 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: D750389-1 1 1 1 
From: SEOUL 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1975/newtext/t19751 158/aaaacabc.tel 

Line Count: 49 

Locator: TEXT ON-LINE, ON MICROFILM 
Office: ACTION FBOE 
Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 1 

Previous Channel Indicators: n/a 
Previous Classification: n/a 
Previous Handling Restrictions: n/a 
Reference: 75 STATE 264775 
Review Action: RELEASED, APPROVED 
Review Authority: ElyME 
Review Comment: n/a 
Review Content Flags: 

Review Date: 31 OCT 2003 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <31 OCT 2003 by chicheje>; APPROVED <1 1 FEB 2004 by ElyME> 

Review Markings: 
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US Department of State 
EO Systematic Review 
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Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 

Secure: OPEN 

Status: NATIVE 

Subject: n/a 
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